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DISCUSSION: 

A.   PROJECT  STATUS 


1.  L'GD  318  -  DOLORES  HEIGHTS  ASSESSMENT  DISTRICT 

PH  \SE  1  -  Substructure  work  substantially  completed.  Some  cleanup  remains.  Healy  provided  latest  list  of 
properties  that  ha\  e         en  converted.  Ms.  Healy  supplied  a  list  of  10  non-converted  properties  that  had  been 
double  checked  by  PG&E's  field  personnel.  She  suggested  that  the  City  send  out  a  letter  of  final  notice  to 
properties  without  indicating  intent  for  lien,  etc. 

The  writ  filed  in  the  streetlighting  award  process  was  heard  by  the  judge  on  April  25th  and  a  decision  was  rendered 
on  Apnl  30"\  The  decision  upheld  the  City's  position  to  award  the  contract  to  Abbett  Electric.  Mr.  Trirnbur  expects 
the  City  to  issue  Abbett  a  start  date  this  week. 

Ms.  Healy  distributed  composites  and  Form  B's  for  Dorland/Dolores  Terrace. 

PH  ASE  2  -  Ms.  Vowell  stated  that  PacBell  would  be  returning  their  intents  to  PG&E  in  2  weeks.  Substructure 
construction  still  scheduled  to  begin  in  late  1997. 

2.  UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  1  -  Abatement  conversion  of  property  on  Jackson  Street  completed.  Poles  being  removed  on  Jackson. 
Two  wooden  poles  being  replaced  with  MUNI  metal  poles. 

PHASE  2  -  PG&E  stated  that  designs  have  been  submitted  and  composite  design  work  is  scheduled  for  Summer 
1997.  (see  also  "OTHER  BUSINESS"  below) 

4.  UGD  320  -  BREWSTER  JOY 

Mr.  Albert  reported  that  community  members  were  doing  outreach  to  contact  neighbors  who  had  not  performed 
conversion  work  on  their  own  properties.  There  was  some  concern  that  two  contractors  were  not  taking  additional 
business  from  the  area.  It  was  noted,  however,  that  other  contractors  were  active  in  the  area  and  that,  with  the 
information  provided,  concerned  individuals  would  be  able  to  contact  their  neighbors  and  inquire  as  to  the  service 
provided. 

5.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK 

The  substructure  work  on  mis  project  will  start  by  end  of  May  1997  and  must  be  completed  according  to  the  City's 
Clean  Water  Project  by  end  of  July  1997.  This  project  may  need  to  be  separated  from  Cesar  Chavez  widening. 

6.  UGD  323  -  CESAR  CHAVEZ 

PacBell  has  been  having  some  problems  with  PUC  which  owns  some  land  adjacent  to  roadway  which  will  become 
right-of-way  when  improvements  are  completed.  PUC  wanted  to  charge  "rent"  but  now  simply  wants  a  sewer 
easement  for  their  sewer.  Trirnbur  to  set  up  meeting. 
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7.    UGD  324  -  DUBOCE  AVENUE 

Phase  I  -  Market  to  Church  -  utility  construction  to  begin  in  July  and  MUNI  in  August.  Due  to  MUNI's  new 
communications  system,  the  utility  trench  needs  to  go  under  the  tracks  a  couple  of  times.  The  time  of  construction 
will  be  severely  limited  and  the  permit  fees  may  be  high. 


8.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
No  report(s)  submitted. 


B.    OTHER  BUSINESS 


1 .  Mr.  Trimbur  will  provide  Mr.  Albert  with  a  map  of  Brewster/Joy  and  preliminary  proposal  for  Banks/Chapman. 
Mr.  Albert  will  provide  map  of  1989  Sales  Tax  infrastructure  upgrade  areas.  They  will  provide  proposal  for 
Banks/Chapman  in  a  month. 

2.  Mr.  Trimbur  reported  that  the  DPW  and  PG&E  were  in  discussions  to  joint  contract  and  include  the  installation 
of  streetlights  in  the  contract  for  substructure  work  in  Presidio  Heights  Phase  2.  Such  an  approach  would 
eliminate  the  need  to  have  a  separate  contractor  disrupt  the  neighborhood  and  trench  in  areas  rhat  had  just  been 
dug  up. 

3.  This  may  be  the  last  monthly  meeting  attended  by  Mr.  Albert  in  that  he  is  being  reassigned  to  "Special 
Projects"  in  the  Planning  Department.  The  underground  team  certainly  wishes  him  all  the  best  in  his  new 
assignment. 


THE  NEXT  MEETING  WELL  BE  HELD  ON  TUESDAY,  3  June,  AT  9:00  A.M.  AT  875  STEVENSON 
STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Charles  Germer  -  PG&E 
Manfred  Wong  -  PMD 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
John  Katz  -  MUNI 
Terry  Bouey  -  TCI 
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Chris  Southard  -  PG&E 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Denise  Brady  -  BSM 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Terry  Elisaia  -  DET 


Larry  Fitzgerald  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Cindy  Vowell  -  PacBell 

Brian  Garter  -  BOE/Landscape 

Lynn  Nakasato  -  BOE/S&H 

Chris  Baker  -  PG&E 

Joe  Morino  -  DHIC 

Terry  Bouey  -  TCI 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/EE 

Barbara  Underberg  -  Banks/Chapman 
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Utility  Underground  Planning 
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9:00  AM 


875  Stevenson  Street,  #460 


AGENDA 


1.  Present  Staff  Members  and  Guests 


DISCUSSION: 
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A.  Project  Status  Reports 


UGD  318,  Dolores  Heights 

UGD  310,  Presidio  Heights 

UGD  320,  Brewster/Joy  Assessment  District 

UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

UGD  323,  Cesar  Chavez 

UGD  324,  Duboce  Avenue  (behind  Safeway) 

UGD  311.  Corbett  Avenue/Pemberton  Stairway 


B.  Other  Business 

C.  Adjournment 
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L    UGD  318  -  DOLORES  HEIGHTS  ASSESSMENT  DISTRICT 

PHASE  1  -  Substructure  work  completed.  Four  non-converted  properties  remain  in  entire  district;  one 
property  recently  sold  and  another  needs  telephone  and  cable  TV  only.  Mr.  Trimbur  stated  that  the 
placement  of  the  PacBell  box  on  the  MUNI  land  at  22°^  and  Church  looked  good.  All  agreed  that 
Lowry  had  done  a  good  job  throughout. 

Start  date  for  streetlighting  work  set  for  June  9.  Given  120  day  contract,  work  should  be  completed  by 
early  October. 

Dorland  &  Dolores  Terrace  conversions  at  about  60%.  Substructure  work  to  begin  in  August. 
PHASE  2  -  Substructure  construction  still  scheduled  to  begin  in  late  1997. 
2.    UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  1  -  MUNI  needs  to  cutover  several  new  poles.  Mr.  Trimbur  indicated  that  there  would  be 
several  wooden  utility  poles  along  the  southern  section  of  Presidio  that  would  not  be  replaced  with  steel 
MUNI  poles  but  would  be  "topped". 

PHASE  2  -  Work  scheduled  for  late  Summer  or  early  Fall,  (see  also  "OTHER  BUSINESS"  below) 
4.    UGD  320  -  BREWSTERVJOY 

Substructure  work  65%  complete.  PG&E  provided  latest  list  of  conversions.  A  number  of  owners  on 
Rutledge  are  actively  pursuing  a  contractor  to  complete  construction.  PG&E  reported  that  property  at 
1 88  was  not  hooked  up  to  sewer  and  that  leach  field  was  not  functioning  and  that  they  could  not 
complete  their  work  until  the  sewer  connection  was  completed.  Mr.  Albert  reported  that  this  property 
had  recently  sold  and  that  he  would  attempt  to  follow  up. 


5.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK 
Bids  to  be  received  bv  the  18^  of  June. 
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6.  UGD  323  -  CESAR  CHAVEZ  *~ 

PacBell  received  document  from  PUC  allowing  them  to  place  their  facilities  at  no  cost  on  land  adjacent 
to  roadway  which  will  become  right-of-way  when  improvements  are  completed.  PacBell  uncomfortable 
with  process;  PG&E  familiar  with  process  in  that  they  frequently  place  facilities  on  PUC  land  on 
Peninsula.  PG&E  to  sign  proposal  and  forward  to  PacBell. 

7.  UGD  324  -  DUBOCE  AVENUE 

Phase  I  -  Market  to  Church  -  utility  construction  to  begin  in  July  and  MUNI  in  August.  Due  to  MUNI's 
new  communications  system,  the  utility  trench  needs  to  go  under  the  tracks  a  couple  of  times.  PG&E  has 
submitted  a  permit  to  bore  under  the  tracks.  Mr.  Trimbur  to  inquire  about  limits  of  time  for  work  and 
permit  fees. 

8.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 

Mr.  Gatter  reported  that  the  structural  engineers  were  on  board  for  the  project.  Bid  package  should  be 
ready  by  August. 

B.  OTHER  BUSINESS 


1 .  Mr.  Trimbur  provided  a  map  of  proposed  undergrounding  of  Brewster/Joy  and  Banks/Chapman 
areas.  A  community  meeting  will  be  scheduled  for  mid- July  to  receive  input  on  the  proposal. 

2.  Mr.  Trimbur  reported  on  the  DPW  and  PG&E  discussions  to  joint  contract  and  include  the 
installation  of  streetlights  in  the  contract  for  substructure  work  in  Presidio  Heights  Phase  2.  There 
are  some  complications  with  the  HRC  provisions  being  proposed  by  the  City.  Mr.  Trimbur  to 
follow-up  in  that  the  opportunity  to  joint  contract  seen  as  essential  to  accelerating  undergrounding. 

3.  Mr.  DeAnda,  PG&E  field  guy  extraordinare,  has  new  contact  telephone  numbers:  Office  -  330-2138 
and  Pager  -  253-2062. 


THE  NEXT  MEETING  WELL  BE  HELD  ON  TUESDAY,  1  July,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Charles  Germer  -  PG&E 
Manfred  Wong  -  PMD 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
John  Katz  -  MUNI 
Terry  Bouey  -  TCI 


Chris  Southard  -  PG&E 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DfflC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Denise  Brady  -  BSM 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Terry  Elisaia  -  DET 


Larry  Fitzgerald  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Cindy  Vowell  -  PacBell 

Brian  Gatter  -  BOE/Landscape 

Lynn  Nakasato  -  BOE/S&H 

Chris  Baker  -  PG&E 

Joe  Morino  -  DHIC 

Terry  Bouey  -  TCI 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/EE 

Barbara  Underberg  -  Banks/Chapman 
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Bureau  of  Street-Use  &  Mapping 


NOTICE  OF  MEETING 
Utility  Underground  Planning 
Tuesday,  July  1,  1997 

9:00  AM 
875  Stevenson  Street,  #460 

AGENDA 


A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights 

■  UGD  3 1 0,  Presidio  Heights 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  323,  Cesar  Chavez 

■  UGD  324,  Duboce  Avenue  (behind  Safeway) 

■  UGD  311.  Corbett  Avenue/Pemberton  Stairway 

B.  Other  Business 

C.  Adjournment 


1 .  Present  Staff  Members  and  Guests 


DOCUMENTS  DEPT. 


JUN  24  1997 


DISCUSSION: 


SAN  FRANCISCO 
PUBLIC  LIBRARY 


415)  554-5800      FAX  (415)  554-6161 


875  Stevenson  St.  Rm.  460 


San  Francisco  94103-0942 
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Depvtmtllt  of  Public  Works 


#2 


Bureau  of  Street-Use  &  Mapping 


MEETING  DATE: 
PRESENT: 


LNDLRGROl  NO  PLANNING  MEETING 


July  1,  1997 


Tom  Trim  bur 

DPW/BSM 

(554-6167) 

John  Fadeff 

DPW/BSM 

(554-5830) 

Peter  Albert 

DCP 

(558-6310) 

Terry  Bouey 

TCI 

(863-8500) 

Patricia  Healy 

PG&E 

(695-3394) 

Dave  Ohlssen 

PacBell 

(542-9620) 

Barbara  Undcrberg 

Bernal  His. -Banks/Chapman 

(648-6220) 

Don  Stroh 

Dolores  Hts.  Improv.  Club 

(826-8296) 

Robert  Fodor 

DPW/BSM 

(554-5826) 

DISCUSSION: 

A.  PROJECT  STATUS 


1.    UGD  3 1  g  -  DOLORES  HEIGHTS  ASSESSMENT  DISTRICT 

PHASE  1  -  PG&E  doing  cut-overs  and  estimate  completion  of  process  in  August.  Three  customers  need 
to  do  work  on  their  properties.  DPW  has  made  contact  will  all  three  who  are  planning  to  do  the  work. 


Saw  cutting  for  light  pole  bases  to  begin  this  week. 

Dorland  &  Dolores  Terrace  substructure  work  to  begin  in  August. 


PHASE  2  -  Substructure  construction  still  scheduled  to  begin  in  late  1997.  Mr.  Trimbur  indicated  that  a 
public  hearing  will  be  held  for  the  block  of  Sanchez  between  Cumberland  and  19th  Street  in  July. 

2.    UGD  310  -  PRESrDIO  HEIGHTS 

PHASE  1  -  Final  streetlight  walkthrough  scheduled  for  tomorrow.  Mr.  Stroh  inquired  about  the 
wooden  utility  poles  along  the  southern  section  of  Presidio  that  would  not  be  remain  with  MUNI 
facilities  guyed  to  them.  Mr.  Fadeff  will  check  to  see  if  they  need  to  be  "topped",  or  cut  off  above  the 
guy  locations. 

PHASE  2  -  Composites  being  drafted.  Work  scheduled  for  late  Summer  or  early  Fall,  (see  also 
"OTHER  B  USINESS"  below") 

4.    UGD  320  -  BREWSTER7JOY 

Mr.  Albert  suggested  that  PG&E  follow  up  with  one  customer  and  explain  the  process  for  relocating  a 
gas  meter  (really  unrelated  to  this  project  but  useful  to  the  customer).  PG&E  scheduled  to  be  complete 
with  substructure  by  September.  Ms.  Healy  stated  that  the  pole  on  Brewster  at  Rutledge  near  the 
community  garden  needed  to  be  removed  for  the  City's  contractor  to  complete  section  of  work  and 
requested  that  other  utilities  give  work  required  for  this  pole  removal  high  priority. 


5.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK 
See  UGD  322  below. 
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6.  UGD  323  -  CESAR  CHAVEZ 

Mr.  Trimbur  reported  that  a  meeting  with  PG&E  and  various  City  Department  representatives  had  been 
held  to  discuss  the  "revocable"  permit  to  place  utility  facilities  on  land  currently  under  jurisdiction  of 
City's  PUC  but  to  become  public  right-of-way,  and  therefore  subject  to  franchise  rights.  City  Attorney 
will  send  a  letter  to  PG&E  addressing  then-  concerns  and  enable  them  to  sign  the  permit 

7.  UGD  324  -  DUBOCE  AVENUE 

Phase  I  -  Market  to  Church  -  PG&E  to  test  bore  in  area  to  test  subsurface  rock  conditions. 

8.  UGD  31 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 

PacBell  to  send  out  intents.  City  will  include  utility  conduits  as  deletable  bid  item. 


B.  OTHER  BUSINESS 


1.   Mr.  Trimbur  reported  complications  with  the  HRC  provisions  being  proposed  by  the  City  for  joint 
contracting  with  PG&E  still  being  explored.  If  no  resolution  by  next  month,  some  other  solution  will 
be  required. 

THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  ljuly,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Charles  Germer  -  PG&E 
Manfred  Wong  -  PMD 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
John  Katz  -  MUNI 
Terry  Bouey  -  TCI 


Chris  Southard  -  PG&E 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Denise  Brady  -  BSM 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Terry  Elisaia  -  DET 


Larry  Fitzgerald  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Fmucane  -  BOE 

Cindy  Vowell  -  PacBell 

Brian  Gatter  -  BOE/Landscape 

Lynn  Nakasato  -  BOE/S&H 

Chris  Baker  -  PG&E 

Joe  Morino- DHIC 

Terry  Bouey  -  TCI 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/EE 

Barbara  Underberg  -  Banks/Chapman 
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MEETING  DATE:        _Augusi  5.  1997  ^ 

PRESENT:  Tom  Tnmbur 

John  Fadcfi  -  DPW/BSM 

Peter  Albert  -  DCP 

Terry  Bouey  -  TCI 

Patricia  Healy  -  PG&E 

Cindy  Vowell  -  PacBell 


DPW/BSM 


(554-5830) 
(558-6310) 
(863-8500) 
(695-3394) 
(542-9095) 


(554-6167) 
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SEP  0  3  1997 


DISC  TSSION: 

A.   PROJECT  M  Ul  S 

UGD  318  -  DOLORES  HEIGHTS  ASSESSMENT  DISTRICT 
PH  \SF  1  -  PG&E  continuing  cut-overs  and  estimate  completion  of  process  in  August.  PacBell  and  TCE  are  still  pulling 
cable. 

Light  pole  bases  being  installed.  Poles  are  due  to  be  delivered  and  to  be  installed  in  one  to  two  weeks. 
Dorland  &  Dolores  Terrace  substructure  work  now  scheduled  to  begin  in  September. 

PHASE  2  -  Substructure  construction  still  scheduled  to  begin  in  late  1997.  Mr.  Trimbur  indicated  that  a  public  hearing 
will  he  held  tor  the  block  of  Sanchez  between  Cumberland  and  19th  Street  in  July. 

UGD  310  -  PRESIDIO  HEIGHTS 
PHASE  1  -  City's  contractor  still  needs  to  complete  punch  list. 

PHASE  2  -  Composites  being  drafted.  Work  scheduled  for  late  Summer  or  early  Fall. 

±_  UGD  320  -  BREWSTER/JOY 

L'ulities  close  to  completion  of  trenching.  They  have  had  to  hand  trench  on  a  couple  of  streets.  PG&E  has  started  to  pull 
cable  and  do  cutovers.  City  requested  an  up  to  date  list  of  properties  where  property  conversions  not  completed. 

5^  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK 

Substructure  work  complete.  City  needs  to  send  out  letters  to  property  owners. 

UGD  323  -  CESAR  CHAVEZ 
City  needs  to  send  letter  to  property  owners.  PacBell  has  supplied  a  list  previously. 


UGD  324  -  DUBOCE  AVENUE 


Phase  I  -  Market  to  Church  -  PG&E  to  bid  work  in  August. 


8.    UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 


City  will  include  utility  conduits  as  deletable  bid  item.  Intent  required  from  PG&E. 
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OTHER  BUSINESS 


1.  Ms.  Healy  requested  an  updated  set  of  specifications  from  the  utilities  for  Presidio  2  and  Dolores  2. 
Both  PacBell  and  TCI  indicated  that  their  specs  do  not  change  substantially,  that  they  do  not  wish  to 
supply  new  specs  on  each  job,  and  that  it  will  be  incumbent  on  them  to  supply  new  specifications 
should  they  require  a  change. 

2.  John  Fadeff  to  work  with  Barbara  Underberg  in  setting  up  community  meeting  to  discuss 
undergrounding  in  the  Banks/Chapman,  Courtland  Avenue,  and  connecting  streets. 


3.   Mr.  Trimbur  outlined  areas  for  public  meetings  in  considering  next  non-petitioned  undergrounding 
districts.  In  addition  to  Banlcs/Chapman/Courtland/connecting  streets,  these  include  Ocean  Avenue 
(MUNI  track  replacement),  MUNI  California  Line  (overhead  line  replacement),  Geneva  Avenue 
(paving).  DPW  has  held  meetings  on  Mission  Street,  Santa  Marina  to  Silver,  and  will  be  sending 
legislation  to  the  Board  of  Supervisors  soon. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  2  SEPTEMBER,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Charles  Germer  -  PG&E 
Manfred  Wong -CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Barbara  Underberg  -  Banks/Chapman 
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Larry  Fitzgerald  -  MUNI 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DfflC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Denise  Brady  -  BSM 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Hahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 

Lynn  Nakasato  -  BOE/S&H 

Chris  Baker  -  PG&E 

Joe  Morino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/EE 


Department  of  Public  Works 


MEETING  DATE. 
PRESENT: 


UNDERGROUND  PLANNING  MEETING 


Bureau  of  Street-Use  &  Mapping 

DOCUMENTS  DEPT. 
OCT  06  1997 


September  2,  1997 


DISC  I  SSION: 

A.   PROJECT  STATUS 


SAN  FRANCISCO 
PUBLIC  LIBRARY 


Tom  Trunbur 

DPW/BSM 

(554-6167) 

John  Fadeff 

DPW/BSM 

(554-5830) 

Peter  Albert 

DCP 

(558-6310) 

Patricia  Healy 

PG&E 

(695-3394) 

Cindy  Vowell 

PacBell 

(542-9095) 

Barbara  Underberg 

Bernal  Hts.- Banks/Chapman 

(648-6220) 

Don  Stroh 

Dolores  His.  Improv.  Qub 

(826-8296) 

Amy  Powell 

Dolores  Hts.  Improv.  Club 

(647-4228) 

Veronica  Gaynor 

Liberty  Hill  Neigh.  Assoc. 

(397-7510) 

Julie  DUley 

Liberty  Hill  Neigh.  Assoc. 

(647-7196) 

I.    UGD  318  -  DOLORES  HEIGHTS  ASSESSMENT  DISTRICT 

PHASE  1  -  PG&E  continuing  cut-overs.  PacBell  to  start  cut-overs  in  September. 


Light  poles  being  installed. 


Dor  land  &  Dolores  Terrace  substructure  work  now  scheduled  to  begin  in  September. 

PHASE  2  -  Substructure  construction  still  scheduled  to  begin  in  late  1997.  Mr.  Trimbur  indicated  that  a 
public  hearing  will  be  held  for  the  block  of  Sanchez  between  Cumberland  and  19*  Street  in  July. 

Legislation  for  the  inclusion  of  the  block  of  Sanchez  from  Cumberland  to  19th  is  at  the  City  Attorney's 
office  for  review. 


2.    UGD  310  -  PRESIDIO  HEIGHTS 

PHASE  1  -  Ciry"s  contractor  still  needs  to  complete  punch  list 


PHASE  2  -  Composites  and  to  be  completed  in  September.  Work  scheduled  for  late  early  next  year. 

4.  UGD  320  -  BREWSTER/ JOY 

PG&E  provided  latest  list  of  property  conversions.  City  to  send  conversion  letters  to  property  owners.. 

5.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK 
City  sent  conversion  letters  to  property  owners. 


6.  UGD  323  -  CESAR  CHAVEZ 

City  sent  conversion  letters  to  property  owners. 

7.  UGD  324  -  DUBOCE  AVENUE 

Phase  I  -  Market  to  Church  -  PG&E  to  begin  work  in  October. 
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8.  UGD  31 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
No  report.  City  will  provide  status  next  month. 


B.  OTHER  BUSINESS 


1.  Following  a  discussion  of  outreach  meetings  for  Bernal  Heights,  it  was  agreed  that  one  large  meeting 
would  be  best.  John  Fadeff  to  work  with  Barbara  Underberg  in  setting  up  such  a  meeting.  DPW  will 
provide  a  cover  letter  explaining  the  situation. 

2.  Ms.  Gaynor  and  Ms.  Dilley  attended  to  get  more  information  on  the  undergrounding  process  and  how 
to  include  additional  blocks  which  have  to  date  not  been  petitioned  in  the  proposed  Liberty  Hill 
District.  Mr.  Trimbur  stated  that  a  DPW  hearing  would  take  place  on  September  17.  He  stated  that 
DPW  staff  would  not  recommend  the  inclusion  of  additional  blocks  in  that  so  much  work  in  the  area 
has  either  recently  taken  place  or  is  proposed.  One  of  the  main  criteria  for  undergrounding  under  the 
recently  approved  agreement  was  the  spreading  of  the  program  throughout  the  City.  In  addition,  the 
proposed  additional  streets  were  not  major  thoroughfares  nor  around  parks.  He  stated  that  when  the 
neighborhood  is  notified  and  posted  for  the  DPW  hearing,  Ms.  Gaynor  and  Ms.  Dilley  will  be  notified. 
The  neighborhood  can  take  their  proposal  to  the  Board  for  a  final  decision  on  the  inclusion. 

3.  DPW  sent  legislation  for  Mission  Street  Santa  Marina  to  Silver,  and  to  the  City  Attorney  for  review. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  7  OCTOBER  1997,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Charles  Germer  -  PG&E 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Terry  Bouey  -  TCI 


Larry  Fitzgerald  -  MUNI 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Denise  Brady  -  BSM 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 

Lynn  Nakasato  -  BOE/S&H 

Chris  Baker  -  PG&E 

Joe  Morino  -  DHIC 

Terry  Ehsaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/EE 
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MEETING  DATE:  ipctober  7.  1997 
PRESENT:        Tom  Tnmbur 


DPW/BSM 


John  Fadeit 

DPW/BSM 

(554-5830) 

Peter  Albert 

DCP 

(558-6310) 

Patricia  Healy 

PG&E 

(695-3394) 

Cindy  Vowel  1 

PacBell 

(542-9095) 

TerT>  Bouey 

TCI 

(863-8500) 

Barbara  Underbcrg 

Bernal  Hts. -Banks/Chapman 

(648-6220) 

DISCUSSION: 

A.  PROJECT  STATUS 


(554-6167) 

DOCUMENTS  DEPT. 
NOV  0  5  1997 

SAN  FRANCISCO 
PUBLIC  LIBRARY 


1^  tJGD  31S  -  DOLORES  HEIGHTS  DISTRICT 

PH  VSK  1  -  PG\F  continuing  cut-overs.  PacBell  to  begin  cut-overs.  Expected  pole-out  by  end  of  year. 
Streetlights  activated  throughout  district. 

Dorland  &  Dolores  Terrace  substructure  work  now  scheduled  to  begin  in  November. 

PH  \SF  2  -  PG&E  reviewing  composites.  Substructure  construction  still  scheduled  to  begin  in  late  1997. 

Legislation  for  the  inclusion  of  the  block  of  Sanchez  from  Cumberland  to  19th  sent  to  Board. 

i.  UGD  310  -  PRESIDIO  HEIGHTS 

PHASE  1  -  City's  contractor  completed  punch  list.  One  light  needs  energizing. 

PHASE  2  -  Composites  due  back  to  PG&E  this  week.  Trenching  to  start  in  February.  City  sent  a  postcard  with  revised 
schedule. 

±_  UGD  ?20  -  BREWSTER/JOY 

Construction  90<£  complete.  PG&E  provided  latest  list  of  property  conversions.  City  to  send  conversion  letters  to 
property  owners.  "Ribbon  cutting"  set  for  the  18th  at  Holiday  and  Faith. 

k  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

Five  properties  involved.  Mr.  DeAnda  has  received  3  calls;  Port  is  responsible  for  one  other  property  and  they  have  been 
in  contact  with  BSM.  Utilities  pulling  wire  on  Indiana  street.  PacBell  needs  intent  for  saw  cuts. 

L  UGD  324  -  DUBOCE  AVENUE 

Phase  I  -  Market  to  Church  -  Phase  1  out  to  bid  next  week.  Construction  to  begin  in  November. 


Underground  Planning  Meeting 
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UGD  31 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Project  on  hold. 

B.  OTHER  BUSINESS 

1 .  PacBell  has  hired  an  additional  engineer  to  work  on  the  accelerated  undergrounding  program.  TCI 
has  received  authorization  to  hire  additional  engineering  staff  to  work  on  undergrounding  projects. 

2.  DPW  sent  legislation  for  Mission  Street,  Santa  Marina  to  Silver,  and  to  the  Board  for  approval.  Also 
have  sent  additions  for  Dolores  Heights  (one  block),  Gough/Green  (3  blocks),  and  Alpine 
Terrace/Museum  Way  (3  blocks). 

3.  DPW  has  sent  legislation  for  Liberty  Hill  to  City  Attorney  for  review. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  4  NOVEMBER  1997,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 

CULCOP  -  through  Joe  Norris 


Larry  Fitzgerald  -  MUNI 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 


John  Katz  -  MUNI 
Sam  Lauter  -  PG&E 


Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Denise  Brady  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 


Terry  Bouey  -  TCI 
Chris  Baker  -  PG&E 
Joe  Morino  -  DHIC 
Terry  Elisaia  -  DET 
Naoki  Kaku  -  BOE 


Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 


Lesley  Wong  -  BOE7S&H 
Amy  Chow  -  PDS 


Nelson  Ogimoto  -  BOE/EE 


\\Bsmln\genfiles\Underground\U  meetiDgs\MEET  10  97.doc 


DOCUMENTS  ttrj. 


DEC  0  5  1997 

S/m  FRANC»sCO 


t>p</ 


I'NPERCRQUNP  PLANNING  MEETING 


mm  riNc;  D\n  : 


(  November  4.  1997 


PRESENT: 

John  Faded" 
Peter  Albert 
Patricia  HeaJy 
Carlos  DcAnda 
Cindy  Vowell 
Paul  O  Leary 


Tom  Trimbur 


DCP 

PG&E 

PG&E 

PacBell 

TCI 


DPWVBSM 


DPW/BSM 


(554-5830) 
(558-6310) 
(695-3394) 
(330-2138) 
(542-9095) 
(863-8500) 


(554-6167) 


DISCUSSION: 

v    PROJECT  STATUS 

L_  UGD  318  -  DOLORES  HEIGHTS  DISTRICT 

PHASE  1  -  Utilities  continuing  cut-overs.  Expected  pole-out  by  end  of  year. 

One  streetlight  at  NE  corner  of  Sanchez  and  20th  not  functioning.  BCM  in  contact  with  contractor. 

Dorland  &  Dolores  Terrace  substructure  work  now  scheduled  to  begin  November  17.  To  avoid 
problems,  PG&E  painted  proposed  box  locations  on  sidewalks.  No  objections  to  proposed  locations 
received. 

PHASE  2  -  PG&E  to  send  out  composites  by  December  1. 

Legislation  for  the  inclusion  of  the  block  of  Sanchez  from  Cumberland  to  19th  approved  by  Board. 

i_  UGD  310  -  PRESIDIO  HEIGHTS 

PHASE  1  -  City's  contractor  completed  punch  list. 

PHASE  2  -  PG&E  to  send  out  composites  by  December  1. 

±_  UGD  320  -  BREWSTER/JOY 

Substructure  construction  95%  complete.  PG&E  provided  list  of  properties  needing  conversion.  City  to 
send  conversion  letters  to  property  owners. 

L.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

PG&E  has  supplied  City  with  names  of  two  customers  who  have  not  responded.  City  to  contact  and 

provide  customer  obligations.  Work  completed  on  Caltrans  permit  at  freeway  off-ramp. 


L  UGD  324  -  DUBOCE  AVENUE 

Permits  obtained  from  MUNI.  Work  delayed  for  PacBell  input.  MUNI  OK  with  schedule.  Package  to 
be  bid  in  December. 
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UGD311  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Project  moving.  To  be  bid  in  spring.  PG&E  to  supply  PacBell  with  specifications  as  well  as  drawings. 

B.  OTHER  BUSINESS 

1.  PacBell's  newly  hired  engineer  has  completed  initial  training.  Will  initially  be  assigned  to  some  of 
the  less  complicated  undergrounding  projects. 

2.  Board  approved  Mission  Street,  Santa  Marina  to  Silver  (UGD  326),  and  additions  for  Dolores 
Heights  (one  block),  Gough/Green  (3  blocks).  Alpine  Terrace/Museum  Way  additions  (3  blocks)  to 
be  at  committee  this  week.  Legislation  for  Liberty  Hill  to  be  transmitted  to  Board  soon. 

3.  DPW  and  PG&E  and  other  utilities  have  met  several  times  with  OMI  community  groups  and  leaders. 
Community  meeting  for  Broad/Randolph/IP111  to  be  set  for  end  of  this  month  to  explain  program.  We 
will  then  proceed  with  Director's  Hearing  and  forward  legislation  to  Board. 

4.  DPW  distributed  list  of  areas  to  be  legislated  in  the  next  5  months: 

Proposed  Area  

Broad/Randolph/ 19th 

Bernal-Folsom/BHB 

Bernal-Banks/Chap 

Bernal-Cortland 

F  o 1 s om~ 2  2 nd- Chave  z 

Geneva 

Dolores  or  Ocean 
Liberty  Hill 
Texas /19th 
Laidley 
Duncan/Newberg 
Flint  &  16th 
Montezuma/ Aztec 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  2  DECEMBER  1997,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Denise  Brady  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega  -  PG&E 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Morino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/E 
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DOCUMENTS  DEPT. 

DEC  3  0  1997 

/SAN  FRANCISCO 

UNDERGROUND  PLANNING  MEETING  PUBLIC  LIBRARY 

MEETING  DATE:       ,  December  2.  1 997 
PRESENT:       Tom  Tnmbur 

John  Faderf 

Patncu  Healy 

Carlos  DeAnda 

Paco  Saldana 

Cindy  Vowell 

Terry  Boucy 

Bob  Streich 

Wendy  Howell 

HSCI  SSION: 
\.  PROJECT  STATUS 

I    UGD  318  -  DOLORES  HEIGHTS  DISTRICT 

PHASE  1  -  Utilities  continuing  splicing  and  cut-overs.  Expected  pole-out  by  April. 

Mr  DeAnda  reported  that  work  on  the  property  at  909-91 1  Church  has  not  been  completed.  Rios  electric 
had  been  retained  to  do  the  work.  City  will  contact.  Also.  City  to  send  final  notice  to  Webb  Hill  at  3669 
21*  Street. 

Dorland  &  Dolores  Terrace  substructure  work  to  be  completed  by  end  of  the  month.  Three  properties 
have  not  convened.  Cits'  to  contact  owners.  One  streetlight  very  near  a  building  under  construction. 

PHASE  2  -  PG&E  to  send  out  form  B  by  end  of  this  week.  Construction  to  begin  in  February.  Paving  is 
scheduled  for  March.  PG&E  to  contact  CULCOP  to  delay  paving. 

2.    UGD  3 10  -  PRESIDIO  HEIGHTS 
PHASE  1  -  Work  completed. 

PHASE  2  -  PG&E  to  send  out  form  B  by  end  of  this  week.  Construction  to  begin  in  February.  City  to 
send  out  letter  as  soon  a  firm  start  date  known. 

4.    UGD  320  -  BREWSTER/ JOY 

Rutledge  completed.  City  to  set  up  project  review  in  January.  Mr.  DeAnda  reported  that  two  properties 
have  ramps  or  stairways  in  the  right-of-way  which  PG&E  may  have  damaged.  City  to  check  if  these  have 
encroachment  permits. 


DPVvTBSM  (554-6167) 

DPW/BSM  (554-5830) 

PG&E  (695-3394) 

PG&E  (330-2138) 

PG&E  (330-2166) 

PacBell  (542-9095) 

TCI  (863-8500) 

PG&E  (695-3412) 
PG&E 
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UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 
Substructure  work  completed.  Some  conflicting  information  as  to  demolition  timing  on  the  MUNI 
property  at  Indiana  and  Chavez.  Mr.  Trimbur  to  contact  MUNI  to  ascertain  status.  Letters  sent  to  all 
non-converted  properties.  Only  Y.  C.  Yang,  owner  of  warehouse  on  Chavez,  has  not  responded. 

6.  UGD  324  -  DUBOCE  AVENUE 

PacBell  design  completed.  MUNI  has  made  some  changes  in  streetlighting  design  which  PG&E  is 
incorporating  into  their  drawings.  Job  should  be  bid  in  January. 

7.  UGD  31 1  -  CQRBETT  AVENUE  -  PEMBERTON  STAIRWAY 

Project  moving.  To  be  bid  in  spring.  PG&E  to  supply  PacBell  with  specifications  as  well  as  drawings. 


B.  OTHER  BUSINESS 

2.  TCI  has  hired  an  engineer  and  two  field  personnel  to  work  on  undergrounding. 

3.  Mr.  Streich  introduced  Wendy  Howell  who  worked  on  scheduling  in  the  Firestorm  area.  She  will  be 
developing  detailed  schedules  for  the  undergrounding  program.  A  scheduling  workshop  was  set  for 
the  17th  at  PG&E.  Ms.  Howell  will  contact  each  party  prior  to  that  meeting  to  receive  preliminary 
scheduling  information. 

4.  DPW  updated  areas  to  be  legislated  in  the  next  4  months: 

Proposed  Area  Status  


Broad/Randolph/19th 
Folsom  -  Chavez  to  BHB 
Bernal- Banks/Chap 
Bernal-Cortland 
Folsom~22nd-Chavez 
Geneva 

Dolores  or  Ocean 
Liberty  Hill 
Texas/1 9th 
Laidley 

Duncan/Newberg 
Flint  &  1 6th 
Montezuma/ Aztec 


Community  mtg.  set  for  4  Dec. 
Community  mtg.  set  for  1 1  Dec. 
Community  mtg.  to  be  set  for  Jan. 
Community  mtg.  to  be  set  for  Jan. 
Hold 

Status  to  be  determined  at  Scheduling  workshop. 
Community  mtg.  for  Ocean  in  January. 
Legislation  transmitted  to  Board. 
Approved  at  Director's  Hearing;  legislation  drafted. 
Approved  at  Director's  Hearing;  legislation  drafted. 
Director's  Hearing  set  for  3rt. 
Director's  Hearing  in  January. 
Director's  Hearing  set  for  3*. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  5  JANUARY  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Denise  Brady  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega -PG&E 
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Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DfflC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 


John  Katz  -  MUNI 
Sam  Lauter  -  PG&E 
Carol  Finucane  -  BOE 
Don  Stroh  -  DHIC 
Brian  Gatter  -  BOE/Landscape 
Terry  Bouey  -  TCI 
Bob  Striech  -  PG&E 
Joe  Morino  -  DHIC 
Terry  Elisaia  -  DET 
Naoki  Kaku  -  BOE 
Nelson  Ogimoto  -  BOE/E 
Richard  Hong  -  PG&E 


UNDERGROUND  PLANNING  MEETING 


Ml  I  iiv.  DATE: 

l  ebruan  3,  1998 

PR]  SENT: 

Peter  Albert 

DCP 

(558-6310) 

John  Fade  IT 

DPW/BSM 

(554-5830) 

Patricia  Healy 

PG&E 

(695-3394) 

Carlos  DeAoda 

PG&E 

(330-2138) 
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Louis  Victorio 

TCI 

(863-8500) 

Bob  Streich 

PG&E 

(695-3412) 

Wendy  Howell 

PG&E 

(695-3420) 

Brian  Gatter 

BOE  Landscape 

(554-8292) 

Don  Stroh 

Dolores  Hts.  Improv.  Club 

(826-8296) 

Barbara  L!nderberg 

Bemal  Hts. -Banks  Chapman 

(648-6220) 

DISCI  ssiov 

DOCUMENTS  DEPT 

mR  0.9  1998 

SAN  FRANCISCO 
PUBLIC  LIBRARY 


V        PROJECT  STATUS 

1.  UGD  318  -  DOLORES  HEIGHTS  DISTRICT  - 

PHASE  1  —  l  ulities  continuing  splicing  and  cut-overs.  Expected  pole-out  by  April  (except 
tor  two  blocks  of  20th  Street  which  will  require  Dolores  2  substructure  to  complete  TCI 
system  in  area). 

909-91 1  &  947  Church  Street  conversion  completed,  3669  21st  Street,  and  763  Noe  Street  still 
unfinished. 

Dorland  &  Dolores  cut-overs  are  approximately  2/3  complete.  City  has  sent  30  day  notices  to 
the  two  properties  who  have  yet  to  do  conversion  work.  Gas  substructure  work  is  complete. 

PHASE  2  —  PG&E  delivered  form  B.  City  specifications  for  street  lights  and  final  street 
light  design  to  be  delivered  to  PG&E  this  week. 

2.  UGD  310  -  PRESIDIO  HEIGHTS 

PHASE  2  —  PG&E  delivered  form  B.  Construction  pushed  back  to  March.  PG&E  to  send 
out  letter  as  soon  a  firm  start  date  known. 

3.  UGD  320  -  BREW  STER/JOY 

PG&E  reported  that  Starlite  Electric  had  gone  out  of  business,  (on  further  inquiry  it  was  found 
that  Hans  Construction  has  hired  a  new  electrical  subcontractor  and  will  complete  all 
contracts).  City  to  continue  with  abatement  process  on  unconverted  properties  .  Cut-overs  to 
begin  mid  February. 


4. 


UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 


Port  property  conversion  complete.  One  sign  needs  converting.  Mr.  Fadeff  to  set  up  meeting 


with  MUNI.  Property  owned  by  Y.  C.  Yang  partially  converted.  Usually  PG&E  only  places 
one  drop  per  property.  City  to  contact  owner. 

5.  UGD  324  -  DUBOCE  AVENUE 

PG&E  ready  to  go  to  bid. 

6.  UGD  311  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 

Clayton  St./Pemberton  stairway.  Mr.  Garter  informed  the  group  that  due  to  the  failure  of  the 
Clayton  Street  wall  the  project  may  have  to  be  accelerated  to  coincide  with  reconstruction. 
For  the  time  being  City  still  plans  to  bid  job  in  March/ April. 


B. 

1. 

2. 


OTHER  BUSINESS 

Scheduling  information  was  distributed  Ms.  Howell. 
DPW  updated  areas  to  be  legislated  in  the  next  4  months: 


Proposed  Area 


Status 


Broad/Randolph/19th 

Folsom  -  Chavez  to  BHB 

Bernal-Cortland 

Bernal-Banks/Chap 

Folsom~22nd-Chavez 

Geneva 

Ocean 

Liberty  Hill 

Texas/ 19th 

Laidley 

Duncan/Newberg 
Flint  &  16th 
Montezuma/Aztec 
Patomac/Waller 
Dolores 


BOS  Committee  hearing  for  Feb.  3. 
BOS  Committee  hearing  for  Feb.  3. 
Community  mtg.  to  be  set  for  Feb. 
Community  mtg.  to  be  set  for  Feb. 
Hold 

Status  to  be  determined  at  Scheduling  workshop. 
Community  mtg.  for  Feb.  17. 
Legislation  transmitted  to  Board. 
Legislation  transmitted  to  Board. 
Legislation  transmitted  to  Board. 
Legislation  transmitted  to  Board. 
Preparing  Legislation 
Legislation  transmitted  to  Board. 
Director's  Hearing  for  Feb.  4 
Community  meeting  for  Feb. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  3  March  1998,  AT  9:00  A.M. 
AT  875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 

Amy  Chow  -  PDS 
John  Katz  -  MUNI 
CULCOP  -  through  Joe  Norris 
Charles  Yu  -  BOE/S&H 
Sam  Lauter  -  PG&E 
Ray  Gigliati  -  BSM 
Amy  Powell-  DHIC 
Carol  Finucane  -  BOE 
Hin  Lok  Kung  -  BOE 
Brian  Christiansen  -  Duboce 
Don  Stroh  -  DHIC 


Jack  Donohoe  -  DET 
Carlos  DeAnda  -  PG&E 
Brian  Garter  -  BOE/Landscape 
Lynn  Nakasato  -  BOE/S&H 
Terry  Bouey  -  TCI 
Manfred  Wong  -  CWP 
Cynthia  Chono  -  BSM 
Bob  Striech  -  PG&E 
Lynn  Bunim  -  PacTel 
Ray  Yamagishi  -  BLHP 
Joe  Morino  -  DHIC 
Norman  Chan  -  BOE 


Tom  Flahavan  -  DET 
Terry  Elisaia  -  DET 
Dee  Lemmon  -  BLHP 
Joe  Ovadia  -  PMD 
Naoki  Kaku  -  BOE 
Lesley  Wong  -  BOE/S&H 
Don  Murray  -  PG&E 
Nelson  Ogimoto  -  BOE/E 
Linda  Vega  -  PG&E 
Kathy  Devine  -  PG&E 
Richard  Hong  -  PG&E 
Berhane  Gaime  -  PDS 


It* 

City  and  County  of  San  Francisco 


Willi*  Lewis  Brown,  Jr..  Mayor 
dark  A  Prim«au.  ALA,  Director  and  City  Architect 
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UNDERGROUND  PLANNING  MEETING 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


o  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


Ml  1  1  IV.  I)  M  I 


March  3.  1998 


PRESENT: 

Peter  Albert 

DCP 

(558-6310) 

John  r-'adefY 

DPW/BSM 

(554-5830) 

Tom  Trimbur 

DPW/BSM 

(554-6167) 

Patricia  Healy 

PG&E 

(695-3394) 

Carlos  DeAnda 

PG&E 

(330-2138) 

Cindy  Vow  ell 

PacBell 

(542-9095) 

Louis  Victorio 

TCI 

(863-8500) 

Brian  Garter 

BOE  Landscape 

(554-8292) 

Don  Stroh 

Dolores  Hts.  Improv.  Club 

(826-8296) 

Amy  Powell 

Dolores  Hts.  Improv.  Club 

(647-4228)- 

Barbara  Underberg 

Bernal  Hts. -Banks/Chapman 

(648-6220)- 

DISC  TSSION: 


A.   PROJECT  STATUS 


1.    UGD  318  -  DOLORES  HEIGHTS  DISTRICT 

PH  ASE  1  -  Utilities  continuing  splicing  and  cut-overs.  Expected  pole-out  by  April  (except  for  two 
blocks  of  20tn  Street  which  will  require  Dolores  2  substructure  to  complete  TCI  system  in  area). 

3669  21st  Street  remains  unfinished.  DPW  to  post. 

Some  concerns  regarding  sidewalk  damage  on  Dorland  &  Dolores  Terrace.  The  utilities  video  taped  the 
area  prior  to  substructure  construction.  The  City  and  utilities  to  work  out  a  procedure  for  sidewalk 
inspection  prior  to  construction,  cut-overs  are  approximately  2/3  complete.  City  has  sent  30  day 
notices  to  the  two  properties  who  have  yet  to  do  conversion  work.  Gas  substructure  work  is  complete. 

PHASE  2  -  Construction  to  begin  by  end  of  April  or  early  May.  Construction  expected  to  last  12 
months. 


2.    UGD  3 1 0  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Construction  pushed  back  to  mid- April.  PG&E  to  send  out  letter  as  soon  a  firm  start  date 
known. 


3.    UGD  320  -  BREWSTER/JOY 

PG&E  to  conduct  walk-through  with  PacBell  for  acceptance  of  facilities  installed.  TCI  pulling  cable. 
1 88  Brewster  and  20  Joy  may  be  problems.  City  to  follow  up. 


■IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


Underground  Planning  Meeting 
March  17,  1998 
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4.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 
PG&E  to  meet  with  MUNI  regarding  1301  C.  Chavez.  Property  owned  by  Y.  C.  Yang  partially 
converted.  Usually  PG&E  only  places  one  drop  per  property.  City  to  contact  owner. 

5.  UGD  324  -  DUBOCE  AVENUE 

Contract  out  to  bid  next  week.  Construction  to  begin  at  end  of  March. 

6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Composites  to  PG&E.  PacBell  to  send  composites  to  City. 

7.  UGD  335  -  UPPER  FOLSOM 
Tentative  construction  in  June/July. 


B.  OTHER  BUSINESS 

1.    DPW  updated  areas  to  be  legislated  in  the  next  4  months: 


Proposed  Area 

Status 

Broad/Randolph/ 19th 

Passed  full  Board. 

Folsom  -  Chavez  to  BHB 

Passed  full  Board. 

Bemal-Banks/Chap 

Director's  Hearing  3/4. 

Bernal-Cortland 

Director's  Hearing  3/4. 

Folsom~22nd-Chavez 

Hold 

Geneva 

Status  to  be  determined  at  Scheduling  workshop. 

Ocean 

Director's  Hearing  3/4. 

Liberty  Hill 

Board  Committee  3/3. 

Texas/ 19th 

Board  Committee  3/3. 

Laidley 

Board  Committee  3/3. 

Duncan/Newberg 

Board  Committee  3/3. 

Flint  &  16th 

Legislation  transmitted  to  Board. 

Montezuma/Aztec 

Board  Committee  3/3. 

Patomac/Waller 

Legislation  transmitted  to  Board. 

Dolores 

Director's  Hearing  3/4. 

THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  7  APRIL  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Denise  Brady  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega  -  PG&E 
Berhane  Gaime  -  PDS 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Garter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Morino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/E 

Richard  Hong  -  PG&E 


City  and  County  of  San  Francisco 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


•z-  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


Willi*  Lewis  Brown,  Jr..  Mayor 
4*ik  A.  Phnwau.  AIA.  Director  and  City  Architect 
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NOTICE  OF  MEETING 
Utility  Underground  Planning 
Tuesday  April  7, 1998 


9:00  AM 


875  Stevenson  Street,  #460 


,..rNTe  DEPT. 

MAR 1  8  1998 


AGENDA 

1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights 

■  UGD  3 1 0.  Presidio  Heights 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO'  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


City  and  County  of  San  Francisco 


Willie  Lewis  Brown,  Jr.,  Mayor 
lark  A.  Primeau,  ALA,  Director  and  City  Architect 
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-  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


UNDERGROUND  PLANNING  MEETING 


Mil  I  INC  DATE:      «  April  7.  1 998 




PRESENT: 

John  Fade  ft" 

DPW/BSM 

(554-5830) 

Patricia  Healy 

PG&E 

(695-3394) 

Carlos  DeAnda 

PG&E 

(330-2138) 

Cindy  Vowell 

PacBell 

(542-9095) 

Terry  Bouey 

TCI 

(863-8500) 

Brian  Gatter 

BOE  Landscape 

(554-8292) 

Joe  Marino 

Dolores  Hts.  Improv.  Club 

(495-6220) 

P.  T.  Law 

BOE  Hydraulics 

(554-8347) 

Clifford  Wong 

BOE  Hydraulics 

(554-8339) 

DISCUSSION: 


A.  PROJECT  STATUS 


L   UGD  3 1 8  -  DOLORES  HEIGHTS  DISTRICT 

PHASE  1  -  Utilities  continuing  splicing  and  cut-overs.  Expected  pole-out  by  April  (except  for  two 
blocks  of  20tn  Street  which  will  require  Dolores  2  substructure  to  complete  TCI  system  in  area).  Joe 
Marino  attended  on  behalf  of  20tn  Street  owners  to  express  dissatisfaction  and  request  information  as  to 
pole  out  schedule.  Terry  Bouey  explained  that  since  the  original  project  was  split  into  two  construction 
phases  TCTs  transmission  line  was  left  stranded.  That  the  overhead  facilities  could  come  out  once 
Dolores  2  substructures  are  installed  and  the  transmission  service  connected.  This  could  be 
accomplished  in  the  initial  months  of  Phase  2  barring  any  Phase  1  abatement  delays,  (Pac  Bell  recently 
discovered  that  3965  20tn  Street  is  not  converted).  Joe  Marino  said  he  would  report  back  after  talking  to 
the  neighborhood,  and  that  he  would  be  coming  the  monthly  meetings  to  monitor  progress. 

3669  2 1 st  Street  and  550  Guerrero  Street  remain  unconverted.  DPW  posted  properties  for  abatement 
hearing  set  for  April  15^. 

PG&E  to  set  transformers  for  Dorland/Dolores  Terr.  Pac  Bell  proceeding  with  splice  work. 


PHASE  2  -  Construction  to  begin  by  mid  May. 


2.  UGD  3 1 0  -  PRESIDIO  HEIGHTS 

PHASE  2  -  PG&E  delivered  composites.  Construction  contract  goes  to  bid  on  April  20tn.  Construction 
scheduled  to  begin  on  May  4tn. 

3.  UGD  320  -  BREWSTER/JOY 

20  Joy  Street,  and  188  Brewster  Street  remain  unconverted.  DPW  posted  properties  for  abatement 
hearing  set  for  April  15^.  Of  the  9  street  lights  6  have  been  connected  by  PG&E,  the  others  need  some 
work  from  Ruiz.  Utilities  continuing  splicing  and  cut-overs. 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


Underground  Planning  Meeting 
April  7,  1998 
Page  2 


4.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

PG&E  to  meet  with  MUNI  regarding  1301  C.  Chavez.  City  contacted  Y.  C.  Yang.  He  is  agreeable  to 
making  connection  to  the  second  building  on  property.  PG&E  to  make  contact  to  advise  owner. 

5.  UGD  324  -  DUBOCE  AVENUE 
Construction  to  begin  April  20th. 

6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 

City  received  composites  from  PacBell.  Still  awaiting  decision  by  City  Attorney  on  wall  collapse. 

7.  UGD  335  -  UPPER  FOLSOM 
Construction  scheduled  to  begin  in  mid  June. 


B.  OTHER  BUSINESS 

1.    DPW  updated  areas  legislated.  Pac  Bell  &  TCI  requested  copies  of  all  available  new  legislation. 
Proposed  Area  Status 


Bernal-South  Slope 

Folsom~22nd-Chavez 

Geneva 

Ocean 

Liberty  Hill 

Texas/ 19th 

Laidley 

Duncan/Newberg 
Flint  &  16th 
Montezuma/Aztec 
Patomac/Waller 
Dolores  Street 


Passed  full  Board. 

Hold 

Hold 

Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 
Passed  full  Board. 


2.    P.T.  Law  came  to  inquire  about  the  possibility  of  coordinating  sewer  work  with  utility 
undergrounding  on  Dolores  Street  between  17m  and  19m  Streets.  Sewer  work  is  planned  to  start  later 
this  year.  John  Fadeff  to  make  inquiries  as  to  feasibility  of  coordination. 

THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  5  MAY  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Denise  Brady  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega  -  PG&E 
Berhane  Gaime  -  PDS 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/E 

Richard  Hong  -  PG&E 
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City  and  County  of  San  Francisco 


Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


WHIM  Lewis  Brown,  Jr.,  Mayor 
wlark  A.  Prtm«au.  AlA.  Director  and  City  Architect 


NOTICE  OF  MEETING 


Utility  Underground  Planning 

Tuesday  May  5, 1998 


1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights 

■  UGD  3 1 0,  Presidio  Heights 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 

C.  Adjournment 


9:00  AM 


APR  2  2 1998 


875  Stevenson  Street,  #460 


AGENDA 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


;"  City  and  County  of  San  Francisco 


Willi*  Lewis  Brown,  Jr..  Mayor 
lark  A.  Prime  ju,  AIA.  Director  and  City  Architect 


DOCUMENTS  DEPT. 

MAY  1  5  1998 

oAN  FRANCISCO 
PUBLIC  LIBRARY 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


UNDERGROUND  PLANNING  MEETING 


Ml  I  1  ING  DATE:       -fcMay  5,  1998 


PRESENT: 

Tom  Trimbur 

DPW/BSM 

(554-6167) 

John  FadetT 

DPW/BSM 

(554-5830) 

Patricia  Mealy 

PG&E 

(695-3394) 

Carlos  DcAnda 

PG&E 

(330-2138) 

Cindy  Vowell 

PacBell 

(542-9095) 

Louis  Victorio 

TCI 

(863-8500) 

Brian  Garter 

BOE  Landscape 

(554-8292) 

Don  Stroh 

Dolores  Hts.  Improv.  Club 

(826-8296) 

DISCI'SSIO.N: 


A.   PROJECT  STATUS 


I.   UGD  318  -  DOLORES  HEIGHTS  DISTRICT 

I'll  \SE  1  -  Utilities  continuing  splicing  and  cut-overs.  Expected  pole  out  by  June  (except  for  two 
blocks  of  20™  Street  which  will  require  Dolores  2  substructure  to  complete  TCI  system  in  area)  barring 
any  abatement  delays. 

3669  21st  Street,  and  550  Guerrero  Street  remain  unconverted.  DPW  held  abatement  hearing  April  15™. 
Work  must  be  completed  by  May  1 5tri  or  City  will  cause  work  to  be  done  at  owners  expense. 

3965  20tn  Street  posted  for  abatement  hearing  for  May  20™. 

PHASE  2  -  Bids  due  mid-June,  construction  to  begin  by  mid-July.  PG&E  supplied  a  property 
conversion  list  for  the  area. 


2.  UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Bids  to  go  out  this  week.  "Bid  Show"  next  week.  Construction  to  begin  2nd  week  in  June. 
PG&E  supplied  a  property  conversion  list  for  the  area. 

3.  UGD  320  -  BREWSTER/JOY 

20  Joy  Street  remains  unconverted.  DPW  held  abatement  hearing  April  15™.  Work  must  be  completed 
by  May  1 5™  or  City  will  cause  work  to  be  done  at  owners  expense.  188  Brewster  Street  has  requested 
utility  disconnect  pending  building  demolition.  Utilities  continuing  splicing  and  cut-overs. 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


Underground  Planning  Meeting 
May  5,  1998 
Page  2 


4.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

PG&E  to  meet  with  MUNI  regarding  1301  C.  Chavez.  Y.  C.  Yang  has  returned  from  Asia.  PG&E  to 
make  contact.  City  to  install  temporary  streetlights. 

5.  UGD  324  -  DUBOCE  AVENUE 
Construction  to  began  April  20m. 


6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Still  awaiting  decision  by  City  Attorney  on  wall  collapse. 


7.   UGD  335  -  UPPER  FOLSQM 
Construction  scheduled  to  begin  in  mid  June. 


B.  OTHER  BUSINESS 

Don  Stroh  brought  in  an  article  on  a  fungal  disease  that  effects  Chinese  elm  trees,  which  had  killed  a  tree 
fronting  his  property.  John  Fournet,  DPW's  Urban  Forester,  joined  the  discussion  reporting  that  the 
severity  of  the  problem  varied  throughout  the  city,  and  that  the  contagion  could  be  checked  through  early 
pruning  in  most  cases. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  3  JUNE  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Denise  Brady  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega  -  PG&E 
Berhane  Gaime  -  PDS 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Garter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/E 

Richard  Hong  -  PG&E 
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OOOlVeNTS  DEPT. 

MAY  2  7  1998 

NOTICE  OF  MEETING 

Utility  Underground  Planning 
Tuesday  June  2nd,  1998 

9:00  AM 


875  Stevenson  Street,  #460 

AGENDA 


1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 


UGD  3 1 8,  Dolores  Heights 

UGD  310,  Presidio  Heights 

UGD  320,  Brewster/Joy  Assessment  District 

UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

UGD  324,  Duboce  Avenue 

UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

UGD  335,  Upper  Folsom 


B.  Other  Business 


C.  Adjournment 


1 


c 


City  and  County  of  San  Francisco 

fcr 


Willi*  Lewis  Brown,  Jr.,  Mayor 
lark  A.  Pnmtiu,  AIA.  Director  and  City  Architect 


oocv 


JUL  01  B98 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


UNDERGROUND  planning  meeting 

MEETING  DATE:         June  2.  I998 
PRESENT: 

l  orn  Tnmbur 
Patricia  Mcal> 
Carlos  DeAnda 
Terry  Boue> 
Brian  Garter 
Don  Stroh 

DISCUSSION: 
A    PROJECT  STATUS 

1.  UGD  318  -  DOLORES  HEIGHTS  DISTRICT 

PHASE  1  -  I 'tilities  completing  cut-overs.  PG&E  to  send  out  crew  to  remove  poles  on  June  13^  and 
I4m  Poles  on  two  blocks  of  20m  Street  will  require  Dolores  2  substructure  to  complete  TCI  system. 
These  poles  to  remain  until  that  time. 

3669  2 1 sl  Street:  DB1  working  with  owner;  electrician  hired.  550  Guerrero  Street:  owner  has  contacted 
City  3601  21st  Street:  work  partially  completed;  new  owners  are  obtaining  bids. 

3%5  20tn  Street:  hearing  held:  owners  have  gotten  bids. 

Dorland/Dolores  Terrace  -  Mr.  DeAnda  distributed  list  showing  three  nonconverted  properties. 

PHASE  2  -  Final  package  being  approved.  "Bid  Show"  in  mid-July.  Construction  in  early  August.  Mr. 
DeAnda  distributed  list  of  converted  and  nonconverted  properties. 

2.  UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  2  -  "Bid  Show"  held.  Bids  due  on  6/3.  Construction  to  begin  3rd  week  in  June.  Substructure 
construction  to  last  approximately  5  months  Mr.  DeAnda  distributed  list  of  converted  and  nonconverted 
properties. 

California  St.  -  Mr.  DeAnda  distributed  a  list  indicating  that  one  property  has  been  converted. 

3.  UGD  320  -  BREWSTER/JOY 

20  Joy  Street:  owner  in  contact  with  City.  Utilities  continuing  splicing  and  cut-overs.  Pole  out 
scheduled  for  August.  Mr.  DeAnda  distributed  list  of  nonconverted  properties. 

4.  UGD  321  -  INDIANA  STREET/I SLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

PG&E  to  concentrate  on  this  project  in  June. 

•IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork, 
customer  service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


DPW/BSM  (554-6167) 

PG&E  (695-3394) 

PG&E  (330-2138) 

TCI  (863-8500) 

BOE  Landscape  (554-8292) 

Dolores  Hts.  Improv.  Club  (826-8296) 


Undergrounding  Planning  Meeting 
June  2,  1998 
Page  2 


5.  UGD  324  -  DUBOCE  AVENUE 

On  Duboce  from  Church  to  Market,  Phase  1,  PG&E  has  finished  with  street  crossings  and  will  be  pulling 
wire  in  July. 

6.  UGD  31 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Still  awaiting  decision  by  City  Attorney  on  wall  collapse. 

7.  UGD  335  -  UPPER  FOLSOM 

No  activity  from  customers.  Construction  to  begin  in  July.  From  Chavez  to  Bessie  PG&E  may  have  to 
install  gas  and  then  come  back  and  install  substructure,  i.e.  trench  twice.  Mr.  DeAnda  distributed  list  of 
properties  indicating  that  no  conversions  have  occurred. 

B.  OTHER  BUSINESS 

Mr.  Trimbur  outlined  two  city  capital  projects  which  will  include  some  undergrounding,  3r^  Street  Light 
Rail  and  Chinatown  Alleyways. 

•  3rc*  St.  Light  Rail:  This  project  will  place  light  rail  along  3rc*  Street  from  Market  to  101  and  then 
along  Bayshore  to  the  county  line.  Over  half  of  this  route  is  already  undergrounded  and  the 
remaining  portions  are  planned  to  be  undergrounded.  This  project  is  in  the  planning  phases  and 
require  utility  input  and  coordination  along  the  entire  length.  Each  utility  is  encouraged  to  attend  the 
planning  meeting  this  Thursday. 

•  Chinatown  Alleyways:  The  City  will  be  proceeding  with  legislation  for  the  first  two  alleyways  that 
will  include  undergrounding,  Spofford  and  John.  Spofford  has  1 1  properties  and  John  has  26,  mostly 
owner  occupied.  There  will  be  extensive  outreach  on  these  alleyways  and  timing  of  the  legislation 
will  be  lengthy.  Following  these  two,  the  City  will  proceed  with  legislation  of  the  remaining  six 
alleyways  that  will  include  undergrounding. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  7  JULY  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 

CULCOP  -  through  Joe  Norris 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 
Cindy  Vowell  -  PacBell 


John  Katz  -  MUNI 
Sam  Lauter  -  PG&E 


Ray  Gigliati  -  BSM 
Hin  Lok  Rung  -  BOE 
Jack  Donohoe  -  DET 
Barbara  Moy  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 


Terry  Bouey  -  TCI 
Bob  Striech  -  PG&E 
Joe  Marino  -  DHIC 
Terry  Elisaia  -  DET 
Naoki  Kaku  -  BOE 


Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Garter  -  BOE/Landscape 


Lesley  Wong  -  BOE/S&H 


Nelson  Ogimoto  -  BOE/E 
Richard  Hong  -  PG&E 


Linda  Vega  -  PG&E 
Berhane  Gaime  -  PDS 
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NOTICE  OF  MEETING 

Utility  Underground  Planning 
Tuesday  July  7th,  1998 

DOCUMENTS  DEPT. 

9:00  AM  Jwi!  t,gge 

/SAN  FRANCISCO 
PUBLIC  LIBRARY 

875  Stevenson  Street,  #460 

AGENDA 

1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights 

■  UGD  310,  Presidio  Heights 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 

C.  Adjournment 


c 


City  and  County  of  San  Francisco 


Willie  Lewis  Brown,  Jr.,  Mayor 
Mark  A.  Primeau,  AIA,  Director  and  City  Architect 


* 

DOCUMENTS  DEPT. 

JUL  2  1 1998 

SAN  FRANCISCO 
PUBLIC  LIBRARY 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


2  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 

Barbara  L.  Moy,  Bureau  Manager 


UNDERGROUND  PLANNING  MEETING 

MEETING  DATE:  2,  I998 

PRESETS  l 


John  Fadeff 
Patricia  Mealy 
Carlos  DeAnda 
David  Phillips 
Cindy  Vowel  I 
Paul  O'Leary 
Naoki  Kaku 
John  Giusti 


DPW/BSM  (554-5830) 

PG&E  (695-3394) 

PG&E  (330-2138) 

PG&E  (330-2249) 

PacBell  (542-9095) 

TCI  (863-8500) 

BOE  Streets  and  Highways  (554-8244) 

Dolores  Hts.  Improv.  Club  (863-7500) 


DISCUSSION: 


A.   PROJECT  STATUS 


1.    UGD  3 1 8  -  DOLORES  HEIGHTS  DISTRICT 

PHASE  1  -  Poles  out  on  2  Is'  Street,  3965  20,h  Street  needs  Pac  Bell  cutover  for  pole  out  to  proceed. 
3669  21s'  Street:  done.  3601  21s'  Street:  done.  3965  20th  Street:  conversion  work  done. 


Dorland/Dolores  Terrace  -  550  Guerrero  Street:  Conversion  work  done.  City  to  send  letters  to  554 
Guerrero  and  15-19  Dorland. 


PHASE  2  -  Final  package  being  approved.  '"Bid  Show"  in  mid- July.  Construction  in  early  August. 

2.  UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Pre-construction  meeting  scheduled  for  7/2.  Construction  to  begin  7/27.  Substructure 
construction  to  last  approximately  5  months 

California  St.  -  Construction  scheduled  for  end  of  August. 

3.  UGD  320  -  BREWSTER/JOY 

Two  properties  have  received  temporary  overhead  services  in  area.  Acme  Electric  has  not  kept 
appointments  for  final  cut-over  work,  City  to  contact.  City  to  send  letters  to  newly  discovered 
unconverted  property's  owners. 

4.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

Contract  for  road  widening  awarded  to  Interstate  Const.  PG&E  and  Pac  Bell  requested  DPW  to  set  up 
meeting  with  MUNI  for  1301  Cesar  Chavez. 

5.  UGD  324  -  DUBOCE  AVENUE 

Substructure  work  complete.  Pole  out  scheduled  for  October. 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Still  awaiting  decision  by  City  Attorney  on  wall  collapse. 

7.  UGD  335  -  UPPER  FOLSOM 

No  activity  from  customers.  Construction  to  begin  in  August. 
B.  OTHER  BUSINESS 

J.  Fadeff  summarized  the  decision  from  the  Mayor's  office  not  to  impede  the  gas  main  replacement 
westward  from  Folsom  Street.  The  excavation  permits,  which  had  been  revoked  by  DPW  to  investigate 
the  possible  inclusion  of  additional  block  requests,  have  been  reinstated. 


THE  NEXT  MEETING  WELL  BE  HELD  ON  TUESDAY,  4  AUGUST  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Barbara  Moy  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega  -  PG&E 
Berhane  Gaime  -  PDS 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 
Cindy  Vowell  -  PacBell 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Garter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/E 

Richard  Hong  -  PG&E 
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OOni  l^^NTS  DEPT. 

JUL  2 1 1998 

^SAN  FRANCISCO 

.  PUBLIC  LIBRARY 

NOTICE  OF  MEETING 

Utility  Underground  Planning 
Tuesday  August  4th,  1998 

9:00  AM 


875  Stevenson  Street,  #460 

AGENDA 

V 

1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights 

■  UGD  310,  Presidio  Heights 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 


C.  Adjournment 


City  and  County  of  San  Francisco 

•9S 


Willie  Lewis  Brown,  Jr.,  Mayor 
Mark  A.  Primeau,  AIA.  Director  and  City  Architect 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


t  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


Barbara  L.  Moy,  Bureau  Manager 


UNDERGROUND  PLANNING  MEETING 


MEETING  DATE:        VAu8ust  4- 
PRES1  N  I : 

Tom  Trimbur 
John  KadelT 
Patricia  Mealy 
Carlos  DeAnda 
Cindy  Vowcll 
Terry  Boucy 
Scot  Burbank 
John  Giusti 


998 


DPW/BSM 

DPW/BSM 

PG&E 

PG&E 

PacBell 

TCI 

BOE/PMD 

Dolores  Hts.  Improv.  Club 


DOCUMENTS  DEPT. 

AUG 1  9  7998 

SAN  FRANCISCO 
PUBLIC  LIBRARY 


(554-6167) 
(554-5830) 
(695-3394) 
(330-2138) 
(542-9095) 
(863-8500) 
(558-4046) 
(863-7500) 


DISCISSION: 


v   PROJECT  STATUS 


I.   UGD  3 1 8  -  DOLORES  HEIGHTS  DISTRICT 

PB  \SE  1  -  All  cutovers  complete.  All  facilities  will  be  removed  except  TCI's  trunk  line  on  20th  Street. 
This  will  remain  until  substructure  work  completed  on  Phase  2. 


Dorland  Dolores  Terrace  -  15-19  Dorland  work  not  done. 


PHASE  2  -  PacBell  has  made  additional  changes  to  the  package.  These  changes  being  incorporated. 
Construction  now  scheduled  to  begin  in  September  or  October  with  pole  out  on  20th  Street  in  the  second 
quarter  of  1999.  PG&E  to  send  notification  to  customers  3-4  weeks  prior  to  start  of  actual  construction. 
Approximately  65%  of  customers  have  completed  conversion  work. 

2.  UGD  3 1 0  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Construction  underway.  Only  about  half  the  properties  have  completed  conversion  work. 
Substructure  construction  to  be  completed  near  the  end  of  the  year.  Total  project  length  approximately 
one  year. 

California  St.  -  PG&E  will  be  placing  boxes  at  each  existing  light.  Construction  to  begin  in  September. 

3.  UGD  320  -  BREWSTER/JOY 

Several  properties  remain  unconverted  and  several  have  gas  meter/electrical  box  location  questions  (see 
OTHER  BUSINESS,  2). 

4.  UGD  32 1  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 
Indiana  Street  complete.  Meeting  with  MUNI  to  discuss  their  facility  scheduled  for  Thursday. 

5.  UGD  324  -  DUBOCE  AVENUE 

PG&E  pulling  wire.  PG&E  is  requesting  a  2  week  notification  prior  to  MUNI  construction.  DPW 
suggested  contacting  John  Katz.  PG&E  should  be  out  by  end  of  September. 

'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


6.   UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 


Still  awaiting  decision  by  City  Attorney  on  wall  collapse. 
7.   UGD  335  -  UPPER  FOLSOM 

No  activity  from  customers.  Construction  to  begin  in  August. 


B.  OTHER  BUSINESS 

1 .    Drew  Howard,  MUNI  Project  Engineer,  gave  a  summary  of  the  3rd  Street  Light  Rail  project.  This 
will  include  utility  relocations  and  undergrounding  overhead  lines  on  3rd  in  the  Mission  Bay  area, 
from  Custer  to  Innes,  and  from  Williams  south  to  101  and  on  Bayshore  from  101  south  to  the  County 
line.  Construction  will  occur  in  5  phases  beginning  in  January  2000. 


2.    City  DBI  is  requiring  separation  between  gas  meter  and  electrical  panel.  This  is  not  consistent  with 
CPUC  requirements.  PG&E  to  set  up  meeting  with  DBI  to  discuss. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  1  SEPTEMBER  1998,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Barbara  Moy  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Linda  Vega  -  PG&E 
Berhane  Gaime  -  PDS 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Don  Murray  -  PG&E 
Kathy  Devine  -  PG&E 
Cindy  Vowell  -  PacBell 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Garter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Nelson  Ogimoto  -  BOE/E 

Richard  Hong  -  PG&E 
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DOCUMENTS  DEPT. 

AUG  1  9  1998 

SAN  FRANCISCO 

p       T>r\J  PUBLIC  LIBRARY 

NOTICE  OF  MEETTNG 
Utility  Underground  Planning 
Tuesday  September  1, 1998 

9:00  AM 


875  Stevenson  Street,  #460 

AGENDA 

1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights 

■  UGD  3 1 0,  Presidio  Heights 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 

C.  Adjournment 


City  and  County  of  San  Francisco 

hi 


Willie  Lewis  Brown.  Jr.,  Mayor 
Mark  A  Pnmeau.  AIA.  Director  and  City  Architect 


DOCUMENTS  DEPT 

NOV  l  3  1998 

SAN  FBANCJSOO 
PUBLIC  LIBRARY 


(415)  554-5800 
FAX  (415)  554-5843 
http :  //www  .  sf d  pw .  com 


'  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 

Barbara  L.  Moy,  Bureau  Manager 


UNDERGROUND  PLANNING  MEETING 

i  ^ 

MEETING  DATE:         j?ctober  6.  I998 
PRESEN1 

Tom  Trimbur  DPW'BSM 
Patricia  Heal>  -  PG&E 

Carlos  DcAnda  -  PG&E 

Cindy  Vowell  -  PacBell 

Tern.  Bouev  -  TCI 

Louis  Victorio  -  TCI 

David  Phillips  -  PG&E 

DIM  I  sMOV 
\    PROJECT  STATUS 

t   UGD  318  -  DOLORES  HEIGHTS  DISTRICT 
PHASE  1  -  All  overhead  facilities  removed  except  TCI's  trunk  line  on  20tn  Street  and  PG&E  to  remain 
on  pole  at  20tn  and  Church  until  Phase  2. 

Dorland/Dolores  Terrace  -  All  properties  hav  e  had  conversion  work  completed.  TCI  is  off  the  poles. 
PacBell  having  difficult)  gaining  access  to  perform  cutover  work  on  several  properties.  PacBell 
provided  list  for  DPW  to  help  contact. 

PHASE  2  -  PG&E  to  sent  out  "final"  composites  last  week.  Construction  now  scheduled  to  begin  in 
about  seven  weeks  (December).  Approximately  75%  of  customers  have  completed  conversion  work. 

2.  UGD  3  10  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Conversion  work  picking  up.  Work  on  Jackson  Street  complete;  Pacific  will  be  done  this 
week. 

California  St.  -  Package  to  bid  in  November  and  construction  to  begin  in  December. 

3.  UGD  320  -  BREW  STEREO Y 

PG&E  to  meet  w  ith  DBI  to  discuss  gas  regulator/electrical  problems.  Several  properties  have  not 
conv  erted  but  no  progress  has  occurred  on  two  with  which  we  need  to  proceed  with  hearings: 
3 1 6  Holladay  -  no  response  to  PG&E  inquiries  -  need  to  set  up  hearing. 

1 24  Brewster  -  property  owner  indicated  that  he  will  do  work  himself,  but  no  construction  to  date-  need 
to  set  up  hearing. 

4.  UGD  32 1  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 


(554-6167) 
(695-3394) 
(330-2138) 
(542-9095) 
(863-8500) 
(863-8500) 
(330-2249) 


"IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


PG&E  raised  boxes  along  Indiana  Street  at  a  cost  of  approximately  $1,700.  Utilities  expressed  some 
concern  regarding  grades  along  Chavez  which  were  done  in  the  same  manner  as  Indiana.  There  appears 
to  be  movement  on  billboard  conversions.  Outdoor  Systems  has  requested  a  disconnect  on  their  one 
billboard  in  the  area. 


5.  UGD  324  -  DUBOCE  AVENUE 

PG&E  has  two  major  clearances  to  do.  The  last  should  be  the  last  weekend  of  the  month. 

6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
No  word  from  BOE  on  progress.  Landscape  needs  to  provide  schedule. 

7.  UGD  335  -  UPPER  FOLSOM 

John  Fadeff  reports  getting  calls  on  conversion  work  requirements.  Composites  sent  out  last  week. 
Construction  to  begin  on  north  side  of  street  with  electric  and  then  proceed  with  the  gas  work. 


B.  OTHER  BUSINESS 

1 .    Ms.  Healy  distributed  a  revised  schedule. 


2.  Mr.  Trimbur  reviewed  series  of  meetings  and  hearings: 
10/14  Director's  Hearing  on  Octavia  Street. 

1 0/2 1  Director's  Hearing  on  Laguna  Street. 

10/22  Community  meeting  for  3rc*  Street,  Southeast  Community  Center,  7:00  pm. 

10/27  Community  meeting  for  San  Bruno  Ave.,  Martin  Luther  King  Jr.  Middle  School,  350  Girard 

Street,  7:00  pm. 

1 1/4  Director's  Hearing  on  one  block  of  Waller  Street. 

3.  Mr.  Trimbur  reported  that  the  City's  proposed  streetlight  demonstration  area  to  be  installed  on  8tn 
Avenue. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  3  NOVEMBER  1998,  AT  9:00  A.M.  AT 


875  STEVENSON  STREET, 

cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Barbara  Moy  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Richard  Hong  -  PG&E 


ROOM  460,  BSM  CONFERENCE  ROOM. 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Nelson  Ogimoto  -  BOE/E 
Cindy  Vowell  -  PacBell 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Garter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Kathy  Devine  -  PG&E 

Scott  Burbank  -  PMD 


C:\My  Documents\UGD  1098  DOC 


City  and  County  of  San  Francisco 

Iff 

t 

In 

Willie  Lewis  Brown,  Jr.,  Mayor 
Mark  A.  Prtmeau,  AIA.  Director  and  City  Architect 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


■>  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 

Barbara  L.  Moy,  Bureau  Manager 


DOCUME 


Underground  planning  meeting 


Ml  I  I  IV,  I)  \  I  I  December 

PRESENT: 

Tom  Trimbur 
John  Fadeff 
Terry  Bouey 
Carlos  DeAnda 
Cindy  Vowell 
Jose  Saldana 
Don  Hendricks 
Scot  Burbank 


1 998 


DPW/BSM 

DPW/BSM 

TCI 

PG&E 

PacBell 

PG&E 

PG&E 

DPW/PMD 


DEC  0  2  1998 

SAN  FPV  :  -  J 
PUBLiC  LIBRARY 


(554-6167) 
(554-5830) 
(863-8500) 
(330-2138) 
(542-9095) 
(330-2249) 
(695-3394) 
(558-4046) 


DISCUSSION: 


A.  PROJECT  STATUS 


1.  UGD  3 1 8  -  DOLORES  HEIGHTS  DISTRICT 

Dorland/Dolorcs  Terrace  -  PacBell  has  another  appointment  with  owner  of  32  Dorland  for  hook-up.  If 
that  goes  forward,  poles  could  be  removed  in  3  weeks. 

PHASE  2  -  Project  on  target  for  beginning  construction  after  the  New  Year.  Only  about  20-25  properties 
have  not  had  work  completed.  Work  to  begin  at  18th  and  Dolores  to  make  gas  main  connection.  In  all, 
there  will  be  24  blocks  of  gas  work;  only  12  will  have  undergrounding. 

2.  UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Contractor  trenching  on  Walnut  near  Sacramento.  Five  to  six  weeks  of  trenching  work  to 
complete.  Lighting  equipment  has  arrived.  Approximately  6  properties,  mainly  on  the  300  block  of 
Laurel,  have  not  had  work  completed. 

California  St.  -  Package  to  bid  in  mid-December  and  construction  to  begin  after  holidays. 

3.  UGD  320  -  BREWSTER/JOY 

Hearing  held  to  begin  abatement  process  for  3 16  Holladay  and  124  Brewster.  Work  seems  to  be 
progressing  on  all  properties  except  316  Holladay,  even  though  the  work  on  that  property  seems  to  be 
minimal.  City  to  proceed  with  abatement  after  the  holidays. 

4.  UGD  32 1  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

On  December  13  the  freeway  off-ramp  will  be  closed  for  the  removal  of  the  overhead  lines  there  and  the 
train  tracks.  The  major  concern  is  Caltrain.  PG<fcE  to  contact  Caltrain  to  ascertain  status.  City  may 
intervene  politically  if  no  movement  evident. 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


5.  UGD  324  -  DUBOCE  AVENUE 

Overhead  wires  removed.  Poles  to  be  removed  when  work  on  and  equipment  for  mural  completed. 
Water  finding  its  way  into  PG&E  manhole  being  tested  to  see  if  it  contains  sewage.  If  so,  City  sewer 
folks  to  find  source  and  repair. 

6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 

No  word  from  BOE  on  progress.  Landscape  needs  to  provide  schedule.  Mr.  Trimbur  to  send  memo  to 
MUNI  regarding  replacement  of  wooden  poles  along  Clayton  with  new  metal  trolley  poles.  Existing 
streetlighting  system  to  remain. 

7.  UGD  335  -  UPPER  FOLSOM 

PG&E  continuing  to  work  up  the  hill  to  the  south  from  Precita.  Although  City  sent  second  letter  to 
property  owners,  owner  participation  remains  low.  Some  owners  have  requested  additional  names  of 
contractors,  saying  that  they  cannot  get  bids.  Mr.  DeAnda  stated  that  contractors  may  be  less  willing  to 
visit  some  areas  that  are  not  perceived  as  wealthy  because  their  profits  would  not  be  as  high. 


B.  OTHER  BUSINESS 


1 .  Mr.  Burbank  inquired  as  to  status  of  PG&E  work  on  Clay  east  from  Van  Ness  to  the  Bay.  DPW  will 
be  paving  22  blocks  in  the  spring. 

2.  Mr.  DeAnda  stated  that  PG&E  will  be  ready  for  Inner  Sunset  1  in  April.  Mr.  Trimbur  stated  that  the 
City  will  send  a  letter  in  January  regarding  a  community  meeting.  The  letter  will  include  owner 
responsibilities. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  5  JANUARY  1999,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 


cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DET 
Barbara  Moy  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Patricia  Healy  -  PG&E 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Kathy  Devine  -  PG&E 
Louis  Victorio  -  TCI 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Richard  Hong  -  PG&E 

Ben  Cruz  -  BOE 
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DOCIJMPMTft  D€PT» 

DEC  2  S  1998 

W  ^SAN  FRANCISCO 

PUBLIC  LIBRARY 

NOTICE  OF  MEETING 
Utility  Underground  Planning 
Tuesday  January  4, 1999 


9:00  AM 


875  Stevenson  Street,  #460 

AGENDA 



1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights  2 

■  UGD  310,  Presidio  Heights  2 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 


C.  Adjournment 


City  and  County  of  San  Francisco 


Willie  Lewis  Brown,  Jr.,  Mayor 
Mark  A.  Primeau,  AIA,  Director  and  City  Architect 


,rA.~^<< 

mi  i  mm;  DATE: 


UND1 CRGROUND  PLANNING  MEETING 


January  5,  1999 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


*  Department  of  Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 

BarbajjH-^Moy,  Bureau  Manager 

DEPT. 


JAN  2  7  1999 
SAN  FRANC/SCO 


PRESENT: 

Tom  Trimbur 

DPW/BSM 

(554-6167) 

Louis  Victorio 

TCI 

(863-8500) 

Carlos  DcAnda 

PG&E 

(330-2138) 

Cindy  Vowell 

PacBell 

(542-9095) 

Jose  Saldarta 

PG&E 

(330-2249) 

Don  Hendricks 

PG&E 

(695-3394) 

John  Giusti 

Dolores  Hts.  Improv.  Club 

(863-7500) 

Brian  Gatter 

BOE  Landscape 

(554-8292) 

Naoki  Kaku 

BOE  Streets  &  Hwys. 

(554-8246) 

DISCUSSION: 

A.  PROJECT  STATUS 

1.  UGD  3 1 8  -  DOLORES  HEIGHTS  DISTRICT 

Dorland/Dolores  Terrace  -  PacBell  to  install  conduit  for  36  Dorland  and  then  perform  final  conversion 
on  that  property  and  32  Dorland.  Work  should  be  done  by  the  end  of  2nd  week  of  January.  Following  that 
work,  poles  to  be  removed. 

PHASE  2  -  Project  to  bid  in  January,  award  in  February,  and  begin  construction  in  March.  Only  20-25 
properties  need  internal  conversion  work.  Project  to  start  with  gas  work  at  18th  and  Dolores,  work  up  18th 
to  Church,  then  up  to  20,h  in  order  to  facilitate  installation  of  TCI  trunk  line. 

2.  UGD  3 10  -  PRESIDIO  HEIGHTS 

PHASE  2  -  Substructure  to  be  completed  by  end  of  3rd  week  of  January.  Following  that,  utilities  can 
begin  pulling  wire.  Next  month  PG&E  to  provide  list  of  properties  that  need  work  (at  this  point  10-15). 

California  St.  -  Project  to  bid  in  January,  award  in  February,  and  begin  construction  in  March. 

3.  UGD  320  -  BREWSTER/JOY 

122  Brewster  is  being  handled  as  new  business  and  is  expected  to  be  completed  in  January.  Although 
some  work  has  been  done  on  1 24  Brewster,  more  work  is  required.  The  latter  is  of  some  concern  due  to  a 
leaning  pole  which  cannot  be  removed  prior  to  cutover. 

4.  UGD  321  -  INDIANA  STREET/ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

Questions  remain  as  to  Caltrans  permits,  CALTRJAN  work,  and  estimates  for  final  property.  PG&E  to 
report  on  status  of  first  two,  and  City  to  contact  owner  regarding  completion  of  latter. 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


5.   UGD  324  -  DUBOCE  AVENUE 

Utility  work  completed.  Poles  with  streetlights  to  remain  until  new  lights  are  installed.  Mr.  Trimbur  to 
inquire  as  to  MUNI  schedule  for  their  work.  Results  from  PG&E  tests  on  water  finding  its  way  into  their 
facilities  have  not  been  reported. 


6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Mr.  Gatter  reported  that  the  project  is  still  on  hold. 


7.   UGD  335  -  UPPER  FOLSOM 

PG&E  work  continuing.  Substructure  work  should  be  finished  by  June.  PG&E  reported  that  the  number 
of  property  conversions  have  picked  up,  although  a  number  remain  to  be  done.  Mr.  DeAnda  reiterated 
that  contractors  may  be  less  willing  to  give  estimates  and  perform  work  in  this  areas  as  it  is  not  perceived 
as  wealthy  because  their  profits  would  not  be  as  high;  he  will  provide  the  City  with  additional  list  of 
contractors  who  have  been  successfully  performing  conversions. 


B.  OTHER  BUSINESS 

1 .   Mr.  Kaku  and  Mr.  Gatter  reported  that  work  was  progressing  on  the  Banks/Chapman  area,  a  portion 
of  UGD  339,  Bernal  South  Slope.  Mr.  Trimbur  reported  that  a  meeting  was  set  up  with  the  project 
manager  to  discuss  the  scheduling  of  that  project.  The  results  of  that  meeting  will  be  reported  next 
month. 


2.    Mr.  Victorio  reported  that  TCI  intended  to  install  above  ground,  standby  power  supply  facilities  for  the  TCI 
system  in  future  underground  districts.  Mr.  Trimbur  requested  information  on  size  of  typical  systems,  reasons 
these  facilities  could  not  be  placed  underground  (given  that  PG&E  facilities  could  be  placed  underground),  and 
why  these  facilities  could  not  be  placed  out  of  the  public  right-of-way.  Mr.  Trimbur  indicated  that  the  City 
wants  to  minimize  above  ground  facilities  in  underground  districts. 


THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  2  February  1999,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 

cc:  All  Attendees 
CULCOP  -  through  Joe  Norris 
Ray  Gigliati  -  BSM 
Hin  Lok  Kung  -  BOE 
Jack  Donohoe  -  DTIS 
Barbara  Moy  -  BSM 
Manfred  Wong  -  CWP 
Lynn  Bunim  -  PacTel 
Norman  Chan  -  BOE 
Dee  Lemmon  -  BLHP 
Lesley  Wong  -  BOE/S&H 
Patricia  Healy  -  PG&E 
Dave  Bradley  -  PG&E 


Amy  Chow  -  PDS 
Charles  Yu  -  BOE/S&H 
Amy  Powell-  DHIC 
Brian  Christiansen  -  Duboce 
Carlos  DeAnda  -  PG&E 
Lynn  Nakasato  -  BOE/S&H 
Cynthia  Chono  -  BSM 
Ray  Yamagishi  -  BLHP 
Tom  Flahavan  -  DET 
Joe  Ovadia  -  PMD 
Kathy  Devine  -  PG&E 
Louis  Victorio  -  TCI 


John  Katz  -  MUNI 

Sam  Lauter  -  PG&E 

Carol  Finucane  -  BOE 

Don  Stroh  -  DHIC 

Brian  Gatter  -  BOE/Landscape 

Terry  Bouey  -  TCI 

Bob  Striech  -  PG&E 

Joe  Marino  -  DHIC 

Terry  Elisaia  -  DET 

Naoki  Kaku  -  BOE 

Richard  Hong  -  PG&E 

Ben  Cruz -BOE 
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DOCUMENTS  DEPT. 

JAN  2  7  1999 

^SAN  FRANCISCO 
PUBLIC  LIBRARY 


NOTICE  OF  MEETING 
Utility  Underground  Planning 
Tuesday  February  2, 1999 


9:00  AM 


875  Stevenson  Street,  #460 

AGENDA 


1 .  Present  Staff  Members  and  Guests 
DISCUSSION: 

A.  Project  Status  Reports 

■  UGD  3 1 8,  Dolores  Heights  2 

■  UGD  3 1 0,  Presidio  Heights  2 

■  UGD  320,  Brewster/Joy  Assessment  District 

■  UGD  321,  Indiana  Street/CesarChavez/Islais  Creek 

■  UGD  324,  Duboce  Avenue 

■  UGD  311,  Corbett  Avenue  -  Pemberton  Stairway 

■  UGD  335,  Upper  Folsom 

B.  Other  Business 


C.  Adjournment 


City  and  County  of  San  Fran^^co 

1.15 


i/f1 


Willi*  Lewis  Brown,  Jr..  Mayor 
Mark  A.  Pnmtau.  Architect.  AIA.  Director 


(415)  554-5800 
FAX  (415)  554-5843 
http://www.sfdpw.com 


2  Department  o^Public  Works 
Bureau  of  Street-Use  and  Mapping 

875  Stevenson  Street,  Room  460 
San  Francisco,  CA  94103-0942 


Barbara  L.  Moy,  Bureau  Manager 


I  NDERGROUND  PLANNING  MEETING 


Februar>  2.  1999 


MEETING  DATE. 
PRESENT: 

TomTnmbur     -DPWBSM  (554-6167) 

Louis  Yictono   -TCI  (863-8500) 

Carlos  DeAnda  -PG&E  (330-2138) 

Cind>  Vowell    -PacBell  (542-9095) 

Jose  Saldarla      -PG&E  (330-2249) 


Parry  Healy 
John  Giusti 
Scot  Burbank 
Naoki  Kaku 


PG&E 
DHIC 
BOE/PMD 
BOE/S&H. 


(695-3394) 
(863-7500) 
(558-4046) 
(554-8246) 


DOCUMENTS  DEPT. 


discussion':  MAR  1  0  1999 

A.  PROJECT  STATUS  Q. 

1.  UGD  3  1 8  -  DOLORES  HEIGHTS  DISTRICT  bAN  F^ANCISCO 
Dorland/Dolores  Terrace  -  Poles  removed.  Patch  paving  should  be  completed  by 

final  report  on  this  area. 

PHASE  2  -  PG&E  needs  to  pull  permit  for  work  since  previous  permit  expired.  No  significant  change  in 
number  of  property  conversions.  Construction  to  begin  in  March. 

2.  UGD  310-  PRESIDIO  HEIGHTS 

PHASE  2  -  Substructure  completed.  PG&E  pulling  primary;  system  should  be  energized  by  the  end  of 
February  and  property  cutovers  should  begin  in  March.  PG&E  needs  street  light  tags.  PG&E  reported 
that  the\  ha\e  not  received  streetlight  submittal  information  from  their  contractor. 


City  to  send  letters  to  unconverted  property  owners. 


California  St.  -  Project  to  advertise  in  two  weeks  and  construction  to  begin  in  March. 


3.  UGD  320  -  BREWSTERJOY 

1  24  Brewster  has  been  cutover.  PG&E  reported  that  there  has  been  no  progress  on  the  construction  at 
i  22  Brewster  for  some  time.  One  alternative  to  waiting  for  all  the  work  to  be  completed  is  to  have 
contractor  property  owner  pull  permit  for  underground  temporary  service.  An  additional  active  phone 
service  has  been  discovered  leading  to  a  service  on  the  walkway  over  the  freeway.  Caltrans  is  attempting 
to  ascertain  if  they  are  using  the  service  or  if  it  can  be  discontinued. 

4.  UGD  321  -  INDIANA  STREET  ISLAIS  CREEK  &  UGD  323  -  CESAR  CHAVEZ 

V.  C.  Vang,  owner  of  1601  Indiana,  has  talked  several  times  to  contractor  regarding  conversion  work  but 
has  not  agreed  to  price.  City  to  contact  and  then  proceed  with  abatement  procedure.'  CALTRIAN  work 
back  at  square  one:  DP W  to  contact  City's  representative  on  Joint  Powers  Board  to  see  about  expediting 
process  for  approvals.  Caltrans  provided  a  verbal  approval  for  removal  of  wires  over  the  freeway. 
PacBell  reported  that  the  boxes  along  Chavez  may  need  to  be  adjusted  by  3  inches  and,  given  that  the  City 
provided  elevations,  the  utilities  feel  that  the  City  should  be  responsible  for  the  costs. 


'IMPROVING  THE  QUALITY  OF  LIFE  IN  SAN  FRANCISCO"  We  are  dedicated  individuals  committed  to  teamwork,  customer 
service  and  continuous  improvement  in  partnership  with  the  community. 
Customer  Service  Teamwork  Continuous  Improvement 


5.  UGD  324  -  DUBOCE  AVENUE 

Mr.  Trimbur  reported  that  he  had  contacted  MUNI  and  that  they  had  some  contracting  difficulties  but  that 
their  work  was  to  be  advertised  soon.  Results  from  PG&E  tests  on  water  finding  its  way  into  their  * 
facilities  have  not  been  reported. 

6.  UGD  3 1 1  -  CORBETT  AVENUE  -  PEMBERTON  STAIRWAY 
Project  is  still  on  hold. 

7.  UGD  335  -  UPPER  FOLSOM 

PG&E  work  continuing.  Approximately  48%  of  substructure  work  completed;  should  be  finished  by 
June.  PG&E  reported  that  the  number  of  property  conversions  have  picked  up;  about  50%  completed. 

8.  UGD  322  -  Alpine  Terrace/Museum  Way 

Community  meeting  to  discuss  construction  and  owner  responsibilities  scheduled  for  Thursday  the  1 8th  at 
the  McKinley  School,  1025-141'1  Street. 

9.  UGD  327  -  INNER  SUNSET 

Community  meeting  to  discuss  construction  and  owner  responsibilities  scheduled  for  Wednesday  the  24lh 
at  the  Jefferson  School,  1725  Irving. 

10.  UGD  338  -  Ocean  Avenue 

Community  meeting  to  discuss  construction  phasing  scheduled  for  Wednesday  the  1 7th  at  the  Sloat 
School. 

11.  UGD  339  -  Bemal  South  Slope  (Banks/Chapman) 

Ms.  Healy  distributed  a  tentative  schedule  for  the  Banks/Chapman  portion  of  Bernal  South  Slope. 


B.  OTHER  BUSINESS 

1 .  Mr.  Burbank  requested  a  CULCOP  undergrounding  and  gas  main  replacement  update  for  California 
Street. 

2.  Ms.  Healy  suggested  that  each  project  have  a  schedule  similar  to  the  one  she  distributed  for 
Banks/Chapman.  General  consensus  was  in  agreement. 

THE  NEXT  MEETING  WILL  BE  HELD  ON  TUESDAY,  2  March  1999,  AT  9:00  A.M.  AT 
875  STEVENSON  STREET,  ROOM  460,  BSM  CONFERENCE  ROOM. 

cc:  All  Attendees  Amy  Chow  -  PDS  John  Katz  -  MUNI 

CULCOP  -  through  Joe  Norris  Charles  Yu  -  BOE/S&H  Sam  Lauter  -  PG&E 

Ray  Gigliati  -  BSM  Amy  Powell-  DHIC  Carol  Finucane  -  BOE 

Hin  Lok  Kung  -  BOE  Brian  Christiansen  -  Duboce  Don  Stroh  -  DHIC 

Jack  Donohoe  -  DTIS  Carlos  DeAnda  -  PG&E  Brian  Gatter  -  BOE/Landscape 

Barbara  Moy  -  BSM  Lynn  Nakasato  -  BOE/S&H  Terry  Bouey  -  TCI 

Manfred  Wong  -  CWP  Cynthia  Chono  -  BSM  Bob  Striech  -  PG&E 

Lynn  Bunim  -  PacTel  Ray  Yamagishi  -  BLHP  Joe  Marino  -  DHIC 

Norman  Chan  -  BOE  Tom  Flahavan  -  DET  Terry  Elisaia  -  DET 

Dee  Lemmon  -  BLHP  Joe  Ovadia  -  PMD  Naoki  Kaku  -  BOE 

Lesley  Wong  -  BOE/S&H  '    Kathy  Devine  -  PG&E  Richard  Hong  -  PG&E 

Patricia  Healy  -  PG&E  Louis  Victorio  -  TCI  Ben  Cruz -BOE 

Dave  Bradley  -  PG&E 
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